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Message Text 


UNCLASSIFIED 

PAGE 01 BUENOS 07638 202243Z 
15 

ACTION FBOE-OO 

INFO OCT-01 ARA-10 ISO-OO A-01 L-03 ABF-01 /016W 

099630 

R 202210Z NOV 75 
FM AMEMBASSY BUENOS AIRES 
TO SECSTATE WASHDC 3509 

UNCLAS BUENOS AIRES 7638 

FOR A/FBO 

E. O. 11652: N/A 
TAGS: ABLD 

SUBJECT: BUILDINGS: PROJECT EOBBA - CARPENTRY/MILL WORK/DOORS 

1. CARPENTRY/MTT J .WORK/DOORS PROPOSAL RECEIVED FROM S. F. 

COSTANZO Y ASOCIADOS S.R.L. IN THE AMOUNT OF A$P 9,628,500.00 
(US$139,950). 

2. OBVIOUS EXTRA OMISSIONS NOTED IN PROPOSAL ARE LISTED BELOW WITH 
COMPARATIVE/APPROXIMATE VALUES TO EQUATE HIS BID WITH OTHER 
COMPETITOR(S): 

A) TV-RADIO STUDIO AREAS FINISH PLUS A$P 400,000 

B) PETERIBI FINISH IS NOT REQUIRED ON DOORS 
SPECIFIED TO BE PAINTED. TOP-GRADE CEDAR 

IS SUFFICIENT PER OTHER PROPOSAL MINUS A$P 63,000 

C) TRANSOMS ARE MISSING PLUS A$P1, 190,000 

D) FACTORY FINISH MISSING (ALL WORK) PLUS A$P 1 , 1 1 8,000 

NET: ADD A$P2,306,000 

A$P9,628,550 

NEW TOTAL A$P 1 1 ,934,550 

UNCLASSIFIED 
UNCLASSIFIED 

PAGE 02 BUENOS 07638 202243Z 

3. IT IS ALSO NOTED THAT THE ABOVE COST IS BASED ON RECEIPT OF 
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ADVANCE PAYMENT (45 PERCENT). FINANCING OF THIS (INCLUDED IN COM- 
PETITIVE BID) IS ESTIMATED AT A$P2, 545, 500.00, BRINGING COSTANZO 
TOTAL TO A$P 14,480,000 AGAINST MALTAGLIATTI'S PROPOSAL OF 
A$P12, 380,000. 

4. IF USG AGREES TO ADVANCE PAYMENT (45 TO 50 PERCENT OF TOTAL) 

THE TWO PROPOSALS SHALL BE LOWERED TO A$P 10,500,000 FOR MALTAGLIATTI 
AND A$P 11,934,000 FOR COSTANZO. 

5. IN VIEW OF ABOVE, SUPERVISOR MORI RECOMMENDS CONTRACT BE 
AWARDED TO MALTAGLIATTI WHEN PROJECT RESTARTS. 

MONTLLOR 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 20 NOV 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975BUENOS07638 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750405-0669 
From: BUENOS AIRES 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19751 1 26/aaaaawjr.tel 

Line Count: 73 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: izenbeiO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 06 AUG 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <06 AUG 2003 by chicheje>; APPROVED <20 FEB 2004 by izenbei0> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: BUILDINGS: PROJECT EOBBA - CARPENTRY/MILLWORK/DOORS 
TAGS: ABLD, AR 
To: STATE 
Type: TE 
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